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Hyeon Mfg. Company 
25X1A vasadena, California eee: PO 
Subject: Contract Mo. 05-100 oe : : | a 
ceventions (RII vice rrestaent = AY 
> Mey COMER Chee 


Gentilemant 


Reference is made to a meeting held on 10 December 1957 at 
your Company and your visit to our office on 10 January 1952, 
concerning settlement under Contract No, 03-100 fer the period 
1 April 1956 through 30 June 1957, 


Based upon your agreement of 10 Jamuary 1958, we are enclosing 
herewith, in triplicate, amendment No. 1 to Contract No. O5—100. 
This Amendment sete forth the agreed upon fixed price for the 
aboveementioned period in the amount of 409,080.28, exclusive of 
overseas differential, Our records indicate thet we have paid yen 
a total of 237,937.72 for services rendered for the period 1 April 
1956 through 30 June 1956, and £320,470.58 (includes o/s payments 
in the amount of $5630.00 which heve not been given credit on your 
invoices) for the peried 1 July 1956 through 30 June 1957, or a 
total payment of $358,408.30. This amount does not include any 
overseas differential payments. For your information and verificetion, 
we bave recorded payments in the amount of $190,072.38 for the period 
begining 1 July 1957, There ure 4 o/s payments inclwied which 
amount to #4330,00. Your Invoices Nos, 20882 and 20883 are not 
included in this payment record. Included is an amount of $22,826.76 
for overseas differential which hag net been recorded ty Fiscal 
Year parioda. This amount will, hewever, be adjusted and liquidated 
againat the amounte for the applicable perioda upon verification of 
the accrued amounts, 


it is understood thut your proposal for a fixed monthly rate | 
for the period 1 July 1957 through 30 June 1956 and extension to | 
Novanbear 1958 will seon be submitted. 


Fleass comply with Paragraph h of Provision 23 «= doverment 
Furnished Property, and advise as to the status of any Copyrights, 
Frovisien 24, umier this contract for the period covered by this 


settlement. 
25X1A 
Very truly youra, 25X1A) 
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Comptroller 


